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Hon. Daniel M. Fox, 
Supt., Us S. Mint. 
Dear Sir: 
Enclosed please find letter of instructions to the 
Kensington Engine Works, Limited, which please approve and return 
by messenger. 
Will you kindly advise us of such bills as you wish to pay out 
of the appropriations for the steam plant. I understand that 
? 
there is a bill of about $195 for printing, and also some inci- 
dental expenses incurred, prior to our connection with the work. 
am in position now, to distribute the accounts in such a way as 
to tell exactly how much work can be done under the appropriation. 
It has been necessary to underpin the north wall of the main 
building. This was not originally contemplated; but upon execa—- 
vation, I> found that the walls did not extend as deep as I had 
at first thoughts | 
As you know, I have lined a portion of the boiler room with 
enameled brick, and understand that you also desire me to face a 
portion of the engine room with enameled brick. I also should 


like to finish the engineer’s room under the north portico, and 
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if possible, to build the duct from the electric light engine to 
the engine room, in which it is proposed to carry the exhaust pipe 
from that engine to the heater. Ba 
I find after making a calculation, that it will be necessary 

for us to charge the new belting évdevea from Mess. William Sell- 
ers & COL, siminbed, to the Contingency Account, as suggested by 
the Secretary of the Treasury. The money saved by the omission 
of that portion of the Kensington Engine Works contract contem= 
plating the removal and repair of Engine No. 2, will, I think, 
cover the cost of the exhaust pipes, and such other incidentals 
as may arise. 


Very respectfully, 
bata“ Fara cn 
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[Abstract:] Encloses letter of instruction to Kensington Engine Works for approval... 


Wilson Brothers & Co. 

Civil Engineers and Architects, 
Philadelphia, Pa., 

May 27, 1887 


Hon. Daniel M. Fox, 
Supt., U.S. Mint, 


Dear Sir: 


Enclosed please find letter of instructions to the Kensington Engine Works, Limited, 
which please approve and return by messenger. 


Will you kindly advise us of such bills as you wish to pay out of the appropriations for 
the steam plant. I understand that there is a bill of about $195 (?) for printing, and also some 
incidental expenses incurred, prior to our connection with the work. I am in position now, to 
distribute the accounts in such a way as to tell exactly how much work can be done under the 
appropriation. 


It has been necessary to underpin the north wall of the main building. This was not 
originally contemplated; but upon excavation, I found that the walls did not extend as deep as I 
had at first thought. 


As you know, I have lined a portion of the boiler room with enameled brick, and 
understand that you also desire me to face a portion of the engine room with enameled brick. I 
also should like to finish the engineer’s room under the north portico, and if possible, to build the 
duct from the electric light engine to the engine room, in which it is proposed to carry the 
exhaust pipe from that engine to the heater. 


I find after making a calculation, I find that it will be necessary for us to charge the new 
belting ordered from Mess. William Sellers & Co., Lmt., to the Contingency Account, as 
suggested by the Secretary of the Treasury. The money saved by the omission of that portion of 
the Kensington Engine Works contract, contemplating the removal and repair of Engine No. 2, 
will, I think, cover the cost of the exhaust pipes, and such other incidentals as may arise. 


Very respectfully, 
Chas. G. Darrach 
Per W. Bro. Co. 


ENCLOSURE. 


